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Copy J£ of 6 
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km ms memo 

smj ICT: Mttiag on P-3 Operational Support Requiressests 


1. The fol loving personnel not at 0930 4 October 1902 
to determine the operational support requirements for the 
0-2 program; 


DAD/OB A 

uc 

C/M3/0&A 
Como/OS A 
OEL 
OD/O&A 
OO/OSA 
MD/QSA 
C/OO/OCA 
W0CA 


2. Review of present Kod/SSU Program: 

a. The felloeiag Kod/I&Uf schedule was developed 
at the meeting to insure tbe maximum available aircraft and 
accomplish Product Inprovesent to op-da to ae soon as 
possible; 


AIRCRAFT 

IHPtfT 

OATS 


COMPLETIOS 

Hiff 

342 

29 

Oct 

*62 

31 

dan 

*63 

343 

21 

dsn 

*93 

4 

Mar 

*63 

392 (fbst) 

a 

Oct 

*63 

1-16 

Dec 

'62 

399 

Operational 

Aircraft 


393 

13 

Oct 

*61 

10 

dec 

*62 

339 

23 

del 

*63 

29 

Cct 

*92 

367 

19 

gov 

* 02 

11 

Mar 

•93 


b. It «n agreed that Article 392 mould be used 
aa a test vehicle to accomplish all testing presently 
sebe deled. 
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25X1A 


25X1 A 


25X1 A 


25X1 A 


il} Product Inpreveneat Program to 

bo acconpl lshcd with Article 312: 

25X1 A 

(») Sag in® Checks 

(b) X*w Alternator lbste 
(c> Auto Pilot Hod Tests 
U) Sow Xavertsr Tost* 

(•) ARC-51 Tests 

(2) upon completion of the above 

(*.ppraxinately 2d Povenber ) , 25X1 A 

tbe Syste® xil m nd 

be installed at UC mad flight 
tested cm tbt oast coast. 

Completion date for tfeeee testa 
p reee atly #®ti*sated as 1st® 
tSeeenfeer 1952. 

c. JUAC will ratio ir® a J-7S engine to install Is 
Article 3«7 et or bo fore 25 January 1953. 

25X1 A 

3. Systen III and 

Proses t power Is cons icter#! tio^titto with 
additional DC generator cooling. 

b. Clipper tank typo wing pods will b* fabricated 

to ft ftcoo aodnte [ ' | Pods to have improved amts 

for ammo of bang tag and renewing froa wing* 

c. The Syatee XIX will bo mounted in the ebook 

area. 

d. fcyato* XII and 1 W* *****& & 

Article 352 daring the nontb of Uaoeaber 1952. Tbc two 
system® will be delivered to LAC by 1 Smoker for instal- 
lation. 25X1A 

ft _ Thu nyntea and pint tom 

cannot b® carried aboard witb above systems duo to lack 
of Available power. 

t. Additional weight of tbo two systeas will be 
about 250 pounds . 
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4. Modification of IX 


Fage ?hr«e 


25X1 A 


25X1 A 


stated the »w Systes IX 


I la appr^aioately 4} month* f* * b ! 

Tr, a n* atBttttO$4 that if a hlgbor priority cow Id 
pi tea d oa this *Hh| W»t, thi » 1*»4 tl— cool dpoBalbly 
bo reduced. Lead tine I l «*t i* approx 1»* to ly 2$ 25X1 A 

25X1 A 


be rti«e«4. 
months. 

b. I I wlll toot heat radiation for the 

s rates IX t t *** will notify on of any sodif icationa that 
SS !TJSE«S^i» ti. fU I«*. If .paelal.coalU.Jt* 
B9t n«Dind t tba nt Sj*t« IX cm be i»*t*XI*4 1» tbc 

fiold, 25X1 A 


requested to bo issued a work 


of^r to cover fabricating aix Syeto* IX box** 

S. Staton of Product Improvement Studios 

a. 30 XTA Altoraator 

This wait will bo too tod o» Article 
332 duriag Sovesber 1002. 

b. Auto Pilot 

Tb# foi lowing autopilot component® 
will bo tooted on Article 302 during 
November 1902: 

<1> An automatic pitch tria cut- 
off which will giro oral and 
wisest signal* to tho pilot 
upon out-off. 

(2) A chock will bo nado to deter- 
mine the feasibility of 0 

limiting the pitch gyro to 10 
per second change ia attitude. 


(3) 


25X1 A 


Kodify the present each aoaao 
amplifier to act ae a back-up 
foe the auto pilot amplifier 
with cockpit switch-over 
capability. 


<4> 


will submit a» IC? 

on the auto pilot node when 


tooting to completed. 
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c. System 

( 1 ) Kmlw Sall«tiA for tbe improved 
tjtetiei system lit bet* published 
mad bits tkcwld be available sees. 
Article 359 will be tbe first air- 
craft equipped. The sew seat will 
add 37 lbs total weight. 

< 3 ) It was agreed to tceaplisl ibis 
modification tea days after receipt 
of tbe bits la tbs field* 


6 . tbe dec la lea sac reached to release two ACE -31 
mr transceivers from tbe OXCAST program for test on 
Article 333 , tbsre are 30 & 8 C -51 s steeples to tbe oxcart 
program. These will be used to replace iUC- 34 's cow 
installed os all M’* if tbe teat tmeses satisfactory. 


glace 1 lassoes 


recommend©! destruction for 
las tailed la a slipper task 


. .. . « . , 25X1A 

wil l Investiga te and develop a 

•qttlpMBt to be 


b* bo 0-343 Seat Sit: M 0 / 06 A will coordinate 
with detachment Q on tbe location of tbe QX 9 and forvnrd 
this Information to LAC so tbsy may eont lane development 
on tbls bit. 


c. Re tbe modified map kit: 


GiyoBA «m plot a mission on tbe new else 
small cards to determine feasibility of using tbe new sice 
recommended by LAC. 


d. All 
the newly designed fuselage 


are b*lag modified to fit in 
on T 3 - 2 F Aircraft. 


e. Aircraft retiring will be accomplished as 
part of tbe IRAK program . 


25X1 A 


MEL 


Chief , materiel Division 

OSA-OB/t. 
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MD/OB A- PP/l J 
Distribution : Cy 1 

2 

3 

4 
3 
t 

7 

8 


MD/OfeA 


AD/08 A 
DAD/O&A 

I 
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